y/ @Ri7 >) 


Week in Review and Lookahead 
Friday, January 27, 2023 


This week, work progressed on the Red Line Signal 
Upgrades project, and crews continued preparations for 
upcoming construction on the Codman Yard Expansion 
and Improvements Project. Read the latest updates below 
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Signal Upgrade: Increase capacity, through reducing headways with modernized signals. 

Y This Week | At Ashmont, crews installed isolation transformers for new signal equipment. Crews at Quincy Adams 
conducted energy tests at night and inspection tests during the day. At Alewife, crews worked on punch list items 
and prepared for installation of final locations of racks. Technicians removed old legacy equipment at Davis and 
Porter and replaced existing signal lights with LED lights at North Quincy. At Downtown Crossing crews conducted 
train detection tests 

e Lookahead | Crews will continue testing and inspections at Ashmont, Quincy Adams, and Downtown Crossing. 
Removal of old legacy wires and cables will be completed at Davis and Porter. Punchlist work will continue at Alewife, 
together with preparing for final installation of racks. Replacement of LEDs will be completed at North Quincy and 
start at Quincy Adams 
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Codman Yard: Upgrade Codman Yard with additional storage capacity, new inspection pit, and safety and 
security features 


v This Week | Workers cleared brush and inspected ducts ahead of further construction of utility 
ductbanks 


¢ Lookahead | Crews will continue with inspections and clearing of trees and vegetation in preparation 
for future construction work 
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